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ACTION SY-07 

INFO OCT-01 EA-07 NEA-09 ISO-OO FBO-01 A-01 /026 W 

074447 

R 190758Z IUN 74 
FM AMEMBASSY NEW DELHI 
TO AMEMBASSY BEIRUT 
INFO AMEMBASSY ISLAMABAD 
SECSTATE WASHDC 2143 
AMCONSUL KARACHI 
AMCONGEN HONG KONG 


LIMITED OFFICIAL USE NEW DELHI 8119 

BEIRUT FOR RTC 
ISLAMABAD FOR RSO 
STATE FOR SY/T 
KARACHI FOR PSO 
HONG KONG FOR RSS-RTC 

FROM TSO 

E.O. 11652:N/A 

TAGS: ASEC 

SUB J : TSO: SUPPORT 

REF: 1. BEIRUT 6789 2. DELHI 7911 

1. WILL MEET SEABEE AT KARACHI JULY 23. PROJECTS THERE WILL BE: 
TECHNICAL INSPECTION, T MOD 30 UNITS ON RECORD, INSTALL THREE 
ADV III SYSTEMS, WITH MONITOR AT MSG DESK. ESTIMATED TIME EIGHT 
DAYS. BEIRUT SHIP AMF MONITOR TO KARACHI. 

2. LAHORE FOR TECHNICAL INSPECTION AND T MOD, NO RECORD OF UNITS 
BUT ESTIMATE 8 TO 10. THREE DAY. 

3. ISLAMABAD FOR TECHNICAL INSPECTION, INSTALLATION OF ADV V 
SYSTEM IN D.A.O. SECTION. TEN ROOMS. INSTALL CABLES FOR TWO 
REMOTE TV MONITOR AT MSG POST 1. EMBASSY CAN THEN INSTALL 
LIMITED OFFICIAL USE 
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MONITORS WHEN AVAILABLE. T MOD, RSO HAS RECORD OF 60 UNITS, 
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TSO 33. IF BEIRUT HAS KIDDE MONITOR SHIP TO ISLAMABAD. 

4. DRIVE TO PESHAWAR, T MOD THREE UNITS, ONE DAY. 

5. TOTAL TIME ABOUT 19 DAYS, DEPENDING ON POSTS ASSISTANCE IN 
SUPPLYING LOCAL LABOR TO RUN CABLES ETC. 

6. BEIRUT ASSISTANCE WILL SOMEWHAT RELIEVE PRESSURE FROM THIS 
SECTION, OBLIGATIONS TO OTHER POSTS ARE BECOMING MANIFOLD, 
NECESSARY WORK THIS POST (REF 2, PARA 3) INDICATE DEFINITE 

NEED FOR ASSISTANCE NOW, SO THAT PENDING COMMITMENTS CAN BE MET. 
AT RISK OF BELABORING ISSUE, IT IS HOPED THAT BEIRUT MIGHT 
RECONSIDER ADDITIONAL TDY TIME FOR DELHI. TRAVEL PAID IN PAKISTAN 
OR INDIAN RUPEES WOULD BE INSIGNIFICANT COMPARED TO BENEFITS. 

PAA WILL ACCEPT PAYMENT IN INDIAN OR PAK RUPEES IF STOPPING 
IN DELHI OR KARACHI. 

7. BEIRUTSEABEE SHOULD BRING OR SEND NECESSARY HAND TOOLS AND 
A SUPPLY OF T MOD COMPONENTS. 

8. AGAIN MY THANKS FOR YOUR COOPERATION. MOYNIHAN 
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